Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 


Message Text 


UNCLASSIFIED 

PAGE 01 PRAGUE 02210 110740Z 
16 

ACTION FBO-08 

INFO OCT-01 EUR-06 ISO-OO A-01 M-02 /018W 

099471 

P 101455Z SEP 74 
FM AMEMBASSY PRAGUE 
TO SECSTATE WASHDC PRIORITY 6913 
INFO AMEMBASSY VIENNA PRIORITY 

UNCLAS PRAGUE 2210 

E.O. 11652: N/A 

TAGS: ABLD, AFSP. PFOR, CZ 

SUBJECT: RENOVATION BRATISLAVA OB, PROP. 1 1228 
REF: STATE 196198, STATE 189859 (NOTAL) 

1. AS DEPT. ADVISED BY PRAGUE OM OF AUG. 8, CONTRACTS AWARDED BY 
LETTERS OF JUNE 26 AND PREVIOUS; COPIES BEING POUCHED TO FBO. EMBASSY 
CONTINUES NEGOTIATIONS WITH SPRAVA SLUZEB MAIN OFFICE IN PRAGUE 
OVER ADAPTATION OF FORMS DS-1718 AND 1719 TO MEET LOCAL REQUIREMENTS. 
WHEN DRAFT AGREED UPON, WILL POUCH TO DEPT. FOR APPROVAL. 

2. EMBASSY UNDERSTANDS THAT DELAY IN BEGINNING OF WORZJQAPLUCAK 
SUBCONTRACTOR (BRATISLAVA CONSTRUCTION ENTERPRISES-BSP) DUE TO 
DELAY IN SIGNING OF SUBCONTRACT BETWEEN SPRAVA AND BSP (FROM 
JUNE 26 TO AUGUST), AND DELAY IN GETTING PERMITS, ETC., DUE TO 
CELEBRATION OF 30TH ANIVERSARY SLOVAK NATIONAL UPRISING. 

HOWEVER, WE ADVISED BY TELEPHONE WORK BEGAN SEPT. 9. 

3. WHILE EMBASSY WILL PRESS NEGOTIATIONS ON 

CONTRACT CONDITIONS, WE ASSURED BY SQRAVA BRATISLAVA HEAD LISCIK, 
THAT LETTERS ARE FULLY ACCEPTABLE BASIS FOR WORK TO PROCEED. 

SHERER 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 SEP 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974PRAGUE02210 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D740252-0878 
From: PRAGUE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740959/aaaabyff.tel 

Line Count: 48 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: STATE 196198, STATE 189859 (NOTAL) 

Review Action: RELEASED, APPROVED 
Review Authority: golinofr 
Review Comment: n/a 
Review Content Flags: 

Review Date: 12 MAR 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <12 MAR 2002 by maustmo; APPROVED <20 MAY 2002 by golinofr> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: RENOVATION BRATISLAVA OB, PROP. 11228 
TAGS: ABLD, AFSP, CZ 
To: STATE 
Type: TE 
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